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PART OR LOWEST SUBASSEMBLY 

HYD. PRESS. TRANSMITTER 


PART NO. & MODEL OR TYPE 


TITLE OF PROPOSAL : 


RELOCATION OF HYDRAULIC PRESS. TRANSMITTER 


NATURE OF PROPOSAL: 

1. Relocate the existing hyd. pressure transmitter on U-2A A/C only per _ 

drawing Hl 88 (attached) to a position accessible with the engine installed. 
Hot applicable to serials 391 through 395 which already comply. 

. , 2. _Erepare and issue a Service Bulletin (s/B 370 ). 

3» Fabricate appropriate Kits. 

NOTES- We are proceding with this work in advance of written authority as it is 
proposed to include this modification in the present IRAN program. 


REASON FOR PROPOSAL : 

Provide a new location on U-2A airplanes for the hydraulic pressure tr ansmi tter 
to e li m in ate the necessity of removing the engine for maintenance or replacement 
of the transmitter (Ships 391 through 395 already comply). Transmitters in some 
affected aircraft have been relocated as a result of field repairs, but not 
necessarily in accordance with drawing H-188. This proposal would standardize 
all ships and provide external access to the tr ansmi tter. 
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ESTIMATED COST AND TIME INVOLVED 
ADDITIONAL FUNDING REQUIRED : 


ESTIMATED COST FOR KITS OR PARTS: $l4.l4/Klt 32 Kits » $452.45 

ADDITIONAL FUNDING REQUIRED : SP-1917 (None) Excluding U2-C ships & #391 thru #39 4 
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EST. MAN/HRS. REQ'D. TO ACCOMPLISH CHANGE IN FIELD 4 Hours (with engine removed) 


SOURCE OF PARTS FOR KiT j 

L.A.C. 


AVAILABILITY 


WEEKS AFTER APPROVAL 


To meet IRAN schedule 


DISPOSITION OF SPARES AFFECTED 

NONE 
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